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BILL NO. S-87-11- D7 
SPECIAL ORDINANCE NO. s- 300-87 


AN ORDINANCE approving Change Order 
No. 1 (Final), Res. 899-86, Ludwig 
Circle Sanitary Sewer, with Land, 
Inc., in connection with the Board 
of Public Works and Safety of the 
City of Fort Wayne, Indiana. 





NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1 (Final), Res. 899-86, 
Ludwig Circle Sanitary Sewer, with Land, Inc., in connection 
with the Board of Public Works and Safety, for: 
this Change Order and Final is 


necessary to adjust price to reflect 
actual quantities used on the project; 





involving a net decrease of Twelve Thousand Seven Hundred Ninety- 
Two and 95/100 Dollars ($12,792.95), all as more particularly 
set forth in the specifications, and which is on file with the 
Office of the Board of Public Works and Safety and is by reference 


incorporated herein, made a part hereof, and is hereby in all 





things ratified, confirmed and approved. 
SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 


Councilmember 





APPROVED AS TO FORM 
AND LEGALITY 








Brüce O. Boxberger, City Attorney 
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H i Uu 
pun 











SANDRA E. RENNEDY, CITY CLERK 


Read the - 


ind time in full and on motion by 
Seconced by 

















, and duly adopted, Dlacea on its 

passage. PASSED (LOST) by the tollowing vote: T 

AYES * NAYS ABSTAINED ABSENT TO-WIT: 

ZOE O pita gg 

TOTAL VOTE 7 
Se di Ka C MeO ais ee OO a oL LE CL OR. 
"ddl crac 1 ENERO N 
BURNS c 
BURNS 26 Veri X cl rar PUE LAM CORR c RR CEN 
EISSART c— : 
GiaQUINTA o> RENE che or^ UR 
EENRY i a AC cet locali com 
REDD ge ; 

Se iy pia Ae ee Sees E TCR 
SCHMIDT em i i 
2S5 DT woes T d SEMEN ee RD TR NS MET ce 
STIE? "ai ER T pec es 

ARTICO aud 
nS eon UG VET vM NAE EIE RE 
DATE: LA LHF a 







Passed and adopted by the Common Council of the City of For 


Wayne, Indiana, as 


(SPECIAL) (ZONING MAP) ORDINANCE 


on the f day of 








ATTEST? 

Er d ie A 
Presented by me to the Mayor of the Cit ort Wayne, Indiana, 
on the f day of Lr ra i sid m 2 
Ld Cee see me — 

at the hour of /?-do o'clock Q J. MES. T. 

— en a tee eee, 

ME eel aera 
CLERK 


Approved and signed by me this 2x e day Of (Ce tm fee) ; 
19 2 ’ at the hour (of LE o'clock x : :M.,E.S.T. 
——— M —| 








WIN MOSES, JR., MAYOR 
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um ae CHANGE ORDER eer : | zs 











Change Order No. 1 (FINAL) AEN I SE gh E besolo No. 899-86-— - 

Project No. LUDWIG CIRCLE SANITARY SEWER Board Order No 145-86 

Name of Project: i 3 px Date: 22 October 1987 

Tos p 3 à : 
(Contractor) : 

Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Change in Contract Price 
Decrease Increase 














Total Decrease 


Total Increase 


Net (Decrease) (XHXKXXEH) Contract Price 


The sum of $ 12,792.95 is hereby addadxsa) (deducted from) the total contract price 
and the final contract price shall be adjusted as follows: 


Original Contract Price 135,424.85 
Current Contract Price Adjusted by Previous Change Order : 135 424.85 
New Contract Price including this Change Order - s. 122,631.90 - 


The time provided for completion in the contract for this project is (unchanged) £xxaxexzsad) 


decrease d ) by -0- — calendar days due to this Change Order. The date for completion 
of all work shall be N/A . Furthermore, this document shall become an 


rovisions of the contract shall apply hereto. 


amendment to the contract, and all 
Recommended by : < La c AIFA Chief Engineer Date_/ «CO - JO CHA 
: $ : ud. : : 1 ; 
j 


AD Awl Contractor Dates JO —2 71-47 


Approved by: Date 2° {o> Se? 


Date ** hem (9,1. 












Attested by: 


Date le | ae ] 


Es 


‘ ; Change Order No. £1 Final 
Resolution No. 899-85 
Board Order No. 145-85 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: To adjust contract price to reflect actual quantities 


used on the project. E BEN jon Be Veri du DS eee CE NES 


a — —————7 


e ee Re edere i e MM 


PONO E ni: T ANN Na M FC I E LE ML E 
Will proposed change alter size of the project? Yes No X 


If yes, explain 


ae WE ENG de NER qu ein eS RNC TS CM a CE EE Ec e eL ERE E 
RN ie Sohne Se Sa Se cR. 9r: PORPUI canne Don olt cd scnMMue c cM M NM E TRUE, E OM D A E A ee 
Affect on operation and maintenance cost of this project: 


NONE 


E nmn 





ATTACHMENT TO CHANGE ORDER 


veeme Quantity | 37 Description of Change | —  — ' "T Change in Cüntract P 
lat] — — 1. . Description ..  —. i feiet | — pede me Reber 
1 10" Sewer PIpe UR ETHER 972.65 
z 
| 
7 Remove , Replace Exist. Field Tile eats e 351.00 
9 10" Asphalt Pavement 
11 6" Concrete Drive 
T 
T 
14 Shrub, Remove/Replace 
le T Nr 
T ee ee eee ee INS 
oe ee dba 
E h eom 
: A Total Decrease 
Total Increase Ub AM 5,826.65 
Net (Decrease) &kxoemexsekx Contract Price 


A70, 
- 


Admn. Appr. 





TITLE OF ORDINANCE Change Order #1 (Final) Res. 899-86, Ludwig Circle 
anitary Sewe 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 

SYNOPSIS OR ORDINANCE Change Order $1 (Final) is necessary to adjust 


price to reflect actual quantities used on the project. 


Land ines; isthe contractor. 


-P2-^^-A 

















——————————————————————————————————————ÁÀÁÁ— ÉL 
—————————————————————————————————————————————À LLL 
———————————————————————————————————————————————— LLL 
—————————————————————————————————————————————————LLLLL 
———————————————————————————————————————————————————— LLL 


EFFECT OF PASSAGE To facilitate completion of project. 


a 
— IIe 





EFFECT OF NON-PASSAGE 











MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $12,792.95 decrease 





ASSIGNED TO COMMITTEE 








BILL NO. See f= Lies g 


REPORT OF THE COMMITTEE ON CITY UTILITIES ‘ 
UE MEM SEE Exc. tc A, 
WE, YOU CITY UTILITIES ; 
, R COMMITTEE ON deed editis a ei RS 
approving Change 


REFERRED AN (ORDINANCE) (RESOPQTION). 
: IP ar ernest wenns e RT RN 
899-86, Ludwig Circle Sanitary 


Order No. l (Fino, Res. 


Sewer, with Land, Inc., in connection with the Baord of Public 


. Works and Safety of the City of Fort Wayne, Indiana ' : 





HAVE HAD SAID (ORDINANCE)... (RESODUTTON) UNDER CONSIDERATION: AND BEG 





.LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


+ (RESOTAXKEORY 
CRI ee a gs ee 


zZ 


YES. 


cece "E. CHARLES B. REDD 
= Ss CHAIRMAN TE 





PAUL M. BURNS . 
VICE CHAIRMAN —_-—. uu 
THOMAS C. HENRY 

aie rur DU bes ae Mie 
BEN A. EISBART 

REEL OR SS Pte © OGRE MB Ta. Pek o1 


SAMUEL J. TALARICO ; 
os / 3 a E ELT 
CONCURRED ÍN AR KAT SANDRA E. KENNEDY 


CITY CLERK 


